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‘Tontract No, A-101 
Amendment No, 2 


The Ramo- Wooldridge Corporation 
tos Angeles 45, California 


Gentlemen: 


1. This document constitutes Amendment No, 2 to Contract 
No. A-101, dated 31 March 1955, between The Ramo-Wooldridge 
Corporation, Los Angeles 45, California, and the United States 
_ Covernment and further amends said contract, as amended, as here- 
inafter set forth. 


ees Pursuant to the clause of this contract entitled "Changes, '' 
the Government hereby (i) makes certain changes in the specifications 
of the items of the contract work called for by this contract, (ii) 
requires performance of certain additional work, and (iii) extends 
the period of performance for the work called for hereunder, as follows: 


(a) Delete SECTION A - CONTRACT WORK of the Schedule 


of Contract No, aa 101 in its entiretv and substitute in lieu thereof the 
following: 


" SECTION A - CONTRACT WORK 


I svstem 1 


A. The Contractor shall furnish ail personnel, facilities, 

materials and supplies necessary for the design, dev-lopment, 

25X1A fabrication and testing ef, and shall deliver to the Government, 
the following systems and related supplies and equipment: 


i} special electronic systems designed 
300 ormance requirements transmitted 
verbally by representatives of the Government 


to a representative of the Contractor, the com- 
ronents and configuration of such svstems being 


25X1A 


habit t ee LF erat ae * ae) ba. 
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Are, 
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vofined mare completely in the section 25X1A 
entitled 'Cormrnonents of the Crystal-Viden 

ai stem" apnearing in the Technical Fixhibit 
Tofted 2% February 1955 and identified 444 


presen 


CMT Deeument No, 1133, 1,7as modified 
Se UNIS Macument No, 151,628 dated 
tt Rtas TORR and CMCC Document No. 
$132.2, which set forth certain additional 
sark on Svstem }, and additional sunnlies 
snd eanipment required in connection with 
such svsetem and which deletes certain 


peninment nrevionsly provided for; 


(2} =pare parts for the systems required to be 
“elivered hy (1) ahove, equivalent to a total 
of three (3) snare systems; and 


Four (4) complete sets of field test eavip- 
meant desioned ta permit performance tests 


~~ 
ae 
Se 


‘an the individual subassemblies and on the 
camnplete sustems delivered to the Govern- 


y 1 
ane 


oe Tse ‘lontractor shall furnish all nersonnel, facilities, 
vopteriais and supplies necessary for the preparation of, and 
shall deliver to the Government, twenty-five (25) copies of a 
roanual describing the principles of operation of the svsteme 
reavired to he delivered hy (1) above, and their components, 
instructions for the installation of the eauipment, and simplified 
instructions for the testins and maintenance of the eavipmert 
‘vith the aid of the special field test eauipment referred to in 
(3) above, 


fas 
ee 
] 
a 
é 
rT) 
oe 
% 
iw 


4. The Conrractor shall furnish all personnel, facilities, 
materials and supplies necessary for the preliminar: basic 
engineering study and for the subsequent design, construction, 
lahoratory test, and onerational flight test of a production 
prototype of Klectronic System No, 2 designed to meet 
pertormance reauirements transmitted verbally by representa- 
tives of the Government to a representative of the Contractor 
and developed in ceneral accordance with the procedures set 


Approved For Release 2002/06/13 : OS 


Approved For Releage 2002/06/13 : Gide APB 1B00876R00Q470100018-6 
ai apeed fl 


forth in "Technical Exhibit for System No, 2, " dated 31 May 
1955, and identified as CMCC Document No, 1133.3, In 
“ddition to the production prototype specified herein, the 
‘Contractor shall provide a second prototype system for 
onerational use, 


*. In addition, the Contractor shall supply the various 
progress reports, final engineering report, complete set of 
production drawings, and the proposal presenting the estimated 
costs and delivery schedule for the required number of vroduc- 
tion systems, all as set forth in Exhibit A to CMCC Document 
No, 113.1, dated 3] Mav 1955, such Exhibit A being further 
identified as CMCG Document No, 1131, 3, 


ffl Svstem 3 


A, The Contractor shall furnish all personnel, facilities, 
materials and supplies necessary for the preliminary basic 
engineering study and for the subsequent desien, construction, 
laboratory test, and operational flight test of a production 
prototype of Electronic Systern No, 3, designed to meet 
performance requirements transmitted verbally by representa- 
tives of the Government to a representative of the Contractor 
and developed in general accordance with the procedures set 
forth in "Technical Exhibit for Svstem No, 3, '' dated 31 Mav 
i955, and identified as CMCC Document No. 1133.2. 


®. In addition, the Contractor shall supply the various 
progress reports, final engineering report, complete set of 
production drawings, and the pronosal presenting the estimated 
costs and delivery schedule for the required number of produc- 
tion systems, all as set forth in Exhibit A to CMCC Document 
No, 113.2, dated 31 May 1955, such Exhibit A beino further 
identified as CMGG Document No, 1131.2. 


TY The Technical Exhibits referred to above, as well as the 

various other GCMCG documents referred to above, insofar as thev 

relate to procedures, specifications, requirements, proposed solutions 
to technical problems and tentative delivery schedules for items required 
to be delivered under this contract, are hereby incorporated herein 

with the same force and effect as though fully set forth in this contract, 
including any modifications to such Technical Exhibits and CMCC docu- 
ments as mav from time to time be pronvosed by the Contractor and 
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aereed to by the Government, or as mav be required bv the Govern- 
went and accepted bv the Contractor, shall serve as the general 

outline of the requirements and snecifications to be met bv the 
“ontractor in the nerformance of the contract work under this contract, !! 


(6b) Delete SEG TION B - DELIVERY of the Schedule of 


' tliontract No, A-101 in its entirety and & substitute in lien thereof the 
following: 


“SECTION BR - DET IVERY 

The items called for under thig contract shall be delivered to 
the Government f,o0,b, cars or carrier's equipment at the tlant or 
planta of the Contractor, I.os Angeles, California, or the point or 
points nearest thereto that rail service is available and consigned as 
“irected by the Contractine Officer, in accordance with the followine 
schedules 


ft ‘yyatem } 
clectronic Svstems Proper and svare Parts: 
(1) Delivery of the first svstem. plus the first 


cemplete set of spare parts, will be made on 25X1A 
or before 1 August 1955; 
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\ 
7,  iinanales 
the twenty-five (25) copies of the manual shall be 
letivered to the Government on or before | september 
1085, 
Ti ivstem 2 


; she Pinel GA Dt. Se EG 
Dalivery of production prototype, progress repos, inal 
onvineeving report, production drawings and proposal on 
hasia of «chedule set forth in CMCC Document No, !131, 3. 


TIT Swetem 3 
‘ Maier 2 tava 4 
elivery of production prototype, progress reports, ltnal 
envineering report, production drawings and proposai on 
Haecis of cchedule set forth in CMCC Document No, 1131.4. 


ia 


{c} In consideration of the Contractor's performance oi 
the additional work stated in SECTION A is CONTRACT WOKK, delete 
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subsectiors | and 2 of SECTION © - ESTIMATED COST AND FIX®D 25X1A 


Ee of the Schedule and substitute in lieu thereof the following: 


(4). Under SECTION J - PERIOD OF PERFORMANC 


of the Schedule, delete the date of 1 December 1955 and aoa 
in lieu thereof the date of 1 March 1956, 


3, All other terms, conditions and requirements of Contract 
No, A-101 remain unchanged. 


4, Dlease indicate your receipt of this Amendment No, 2 to 
Contract No, A-101 and vour acceptance thereof by executing the 
original and the two copies of this Amendment, Return the fully 
executed original and one copy of this Amendment to the undersigned 
and retain the remaining copy for your files, 


25X1A 


Very truly yours, 


Contraciiay Cificer 


ACKNOWLEDGED AND ACCEPTED: 


Mnf RAMO-WOOLDRIDGE CORPORATION 25X1A 


ett 
) 
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Title 


Date _ BE Qua, [A Gaeta eee ere 
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